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FROM ' ’ 
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Deputy Chief, Special Projects Staff /ODP 


SUBJECT 


Special Projects Staff Weekly Status 
Report for Week Ending 13 October 1981 
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1. SAFE 

A. On 5-6 October, the COINS Project Management 
Office held a conference to review COINS security and related 
problems. | | the SAFE COTR, gave a briefing on 

the SAFE Project experience with communications security. The 
briefing' s response indicated a high degree of interest in the 
SAFE expereJnce. 



C. Work continued during the week on the installation of. 
the first Burroughs computer in the Northside Computer Center by 
Burroughs personnel. Diagnostic tests and adjustments are winding 
up with a benchmark run scheduled for 15 October. Turnover to 
TRW for acceptance testing is scheduled for 19 October. ODP 
personnel from the SAFE Computer Operations Branch have begun 
labeling switches and power panels in the facility. 
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D. On 8 October, I ~1 SAFE Project Director, 

met with | ~| of the Defense Mapping Agency (DMA) . The 

purpose of the meeting was to discuss various procurement/ 
contracting options under consideration at DMA. 


2. ADS TAR 

A. | | and the Government reached a mutual 

agreement on the legibility criteria to be used for acceptance 
of OCR's ADSTAR System. 

B. The Interface System Design (Volume IV) was 

delivered on 9 October 1981. 
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